1570                                 UNIT  CONSTRUCTION  COSTS
8 drops 16 candle power
30 ft. brewery cord
350 ft. No. 12 weatherproof wire
45 ft. 1-in. conduit.
Switches, bolts, etc.
Sampling Plant
Account 7801—Excavation.
This account covers the excavation of the sampling plant and the necessary backfill tamped in 5-in. layers in the low parts where the basement concrete floor was cast. It was done with picks, shovels and wheelbarrows, through earth, sand and gravel.
Account 7802—Foundation.
This concrete was cast in the walls and piers of the sampling plant. It was mixed by machine in the proportions of 7 parts sand and gravel to 1 part cement and wheeled in barrows 150 ft. Ninety per cent, of the vertical surfaces of the concrete was formed. The cost of all anchor bolts as well as the finish to exact level for building columns is included here.
Account 7802.1—Concrete Ground Floor.
This was plain concrete floor laid with sand joints in about 6-ft. square blocks 5 in. thick, in the proportions of 5 parts sand and gravel to 1 cement. The top finish was 1 in. thick, made 2 parts sand to 1 cement, troweled smooth. The concrete was mixed by machine and transported 175 ft. in barrows.
Account 7802.2—Reinforced Concrete Floors.
This concrete was cast over steel I-beams, using forms between the steel beams. The mix was the same as the above floor with the same top finish. The reinforcing used was Clinton welded fabric 2-in. by 12-in. mesh. The floor was 4| in. thick. The concrete was mixed by machine and transported 500 ft. to place by wagon, wheelbarrow and hoist.
Account 7803—Steel Structure.
There were 13.46 tons of corrugated iron and 97.39 tons of structural steel used. (See account 7308.2.)
Account 7803.1—Doors, Windows and  Frames. This account covers the purchase price and erection cost of material enumerated below.   The doors are not given in the list, as they were made upon the job, but correspond to the frames noted.    Necessary hardware is also included in the cost.
Fourteen 24-light windows 3 ft. 9J in. by 7 ft. 8 in. by If in.
with frames Twenty-nine 40-light windows 7 ft. 5| in. by 3 ft. lOf in. by
If-in. with framese following material:
$170.71
